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BILL NO. S-87-05<37 


SPECIAL ORDINANCE NO. si fs wh 


AN ORDINANCE approving Change Order 
No. 1 and Final for Res. 186-87, 
Kensington Blvd. Street Lighting 
(Cody to Niagara), with the Weikel 
Line Có. Ines: in connection! with 
the Board of Public Works and Safety 
of the City of Fort Wayne, Indiana. 





NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. That Change Order No. 1 and Final for Res. 
186-87, Kensington Blvd. Street Lighting (Cody to Niagara), with 
the Weikel Line Co., Inc., in connection with the Board of Public 
Works and Safety, for: 
this Change Order is necessary 
to attain a better and more main- 
tenance free facility the total 
length of 2/C#6 copper wire (U.G.) 
was increased but resulting in 
a reduction of push and/or bores, 
consequently saving contract monies; 


involving a net decrease of Six Hundred Ninety-Four and 56/100 


Dollars ($694.56), all as more particularly set forth in the 





specifications, and which is on file with the Office of the Board 
of Public Works and Safety and is by reference incorporated herein|, 
made a part hereof, and is hereby in all things ratified, confirme 
and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 





Cen ee ee DE 2 EA 


Councilmember 


APPROVED AS TO FORM 
AND LEGALITY 


Bruce O. Bo 






erger, City Attorney 









SEEN ole i ime in full an¢ on motion by 











































Seconded “by , and duly adopted Vy tne second tim: 
by title and réreread to esa Comittee (and the Ci: 
Plan Commession <= TE SOae ames fae See le es Saring to se held after 
due legal notice, at tha y Building, Fort Wayr 
Inetana,oon day of 
a AG pect 5 O'cloak wd 
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SANDRA E. KENNEDY, CITY CLERK 


Passed and adopted by the Common Council of the City of Port 


Wayne, Indiana, as i E a, 


(SPECIAL) (ZONING MAP) ORDINANCE 


on the 5 PA day' of 
. a A 


SANDRA E. KENNEDY, CITY CLERK 







Presented by me to the micas 


on the. JO ohm day of 
at the hour of Jf. Be o'clock fag bM. E- SLT 


ERa o 


SANDRA E. r ag CITY CLERK 


Approved and signed by me this ICE: “Gay o£ or. , 
SEE eae ies UR ae 


19 at the hour (of o'clock eM beset. 


WIN MOSES, JR., MAYOR 
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CHANGE ORDER 


Change Order No. 1 & Final Resolution No. 
Project No. Board Order No. 186-87 
Name of Project Kensington Boulevard (Cody to Niagra) Date_ 5/15/87 
To: 

(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: 


Paras Description of Change | | Change in Contract Price 
Unit Price 
3 











103.0 EA {Trench in Earth 20" Deep 84.46 
Bore or Push 1%" Tubing under Stree 

166.0 LFTjAlleys, Drive, Sidewalks, Trees, Etd 4.00 664.00 0.00 

233.0 LFT|Install 2/C#6 in Trench or Conduit Pe ae 81.55 

79.0 LFT |Fine Grading, Seeding & Mulching 


Total Decrease 






Total Increase 


Net (Decrease) (Iyoneasxa) Contract Price 


The sum of $ 694.56 is hereby (adkdeacxxa) (deducted from) the total contract price 
and the final contract price shall be adjusted as fcllows: 

Original Contract Price $ 5517.60 

Current Contract Price Adjusted by Previous Change Order $ 0.00 

New Contract Price Including This Change Order $ 4823.04 
The time provided for completion in the contract for this project is (unchanged) (iheheesed) 
(@8B¥BRBBA) by 0 calendar days due to this Change Order. The date for completion 
of all work shall be 6/1/87 : Furthermore, this document shall become an 


amendment to the contract and all provisions cf the contract shall apply hereto. 


y j g j ) 
Recommended by: AA IND. (ChiefLi Lh Engineer) Date 
Accepted by: Cu Dhiba, / (Contractor) Date .j S€] 

: ( 


Approved by: hit a oS ___(City Engineer) Date SFX Y ) 


; VA f 
Approved by: / (Owner) Date 


Attested by: (Clerk) Date 


LA 


Change Order No. 1 & Final 
Resolution No. 


Board Order No. 186-87 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change:_to attain a better and more maintenance free facility the 


total length of 2/C#6 copper wire (U.G.) was incr b r 


reduction of push and/or bores, consequently saving contract monies. 

















Will proposed change alter size of the project? Yes , No XX 


If yes, explain 


N/A 








Affect on operation and maintenance cost of this project: 


No affect on operation. 
Cost effective savings on maintenance due to better accessability to this facility. 

















Project Engineer 


; Admn. Appr, _ 


TITLE OF ORDINANCE Change Order #1 and Final for Res. 186-87, Kensington 


DEPARTMENT REQUESTING ORDINANCE | PI Of Works & Safety 


SYNOPSIS OF ORDINANCE Change Order #1 and Final for Res. 186-87, Kensington 


Blvd. St. Ltg is necessary to attain a better and more maintenance 





free facility the total length of 2/C#6 copper wire (U.G.) was 
increased but resulting in a reduction of push and/or bores, 


consequently saving contract monies. Weikel Line Company is the 


Contractor. 





EFFECT OF PASSAGE No affect on operation. Cost effective savings on main- 


tenance due to better accessability to this facility. 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) -Decrease of $694.56 


ASSTGNED TO COMMITTEE 





x 





BILL: NO. S-87-05-37 


REPORT OF THE COMMITTEE ON CITY UTILITIES 
ia a 


WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM was 
EAS st aA a CRC CM ee Oe 


REFERRED AN (ORDINANCE) (RESODUDDON) - approving Change Order : 


No. 1 and FINAL for Res. 186-87, Kensington Blvd. Street 
Lighting (Cody to Niagara), with the Weikel Line Co., Inc., 


in connection with the Board of Public Works and ‘Safety of the 


City of Fort Wayne, Indiana ; 
SS 
trent tenet nea ant gh sh a a alan gig a 
a a ET 








HAVE HAD SAID (ORDINANCE) (RRESQENTIQNX UNDER CONSIDERATION AND BEG 





LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 
( RESOLUTION 
YES. NO 


AEA B-A Z- CHARLES B. REDD 
i ; CHAIRMAN 





PAUL M. BURNS 
VICE CHAIRMAN 


THOMAS C. HENRY 


BEN A. EISBART 





SAMUEL J. TALARICO 





SANDRA E. KENNEDY 
CITY- CLERK, 


